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BILL NO. S-86-08- 3 
SPECIAL ORDINANCE NO. S- (SK 


AN ORDINANCE approving Change Order 

No. 1 (FINAL) for Res. 420-84, 

"St. Joe Pump Station Elimination" 

with T-G Excavating, Inc., in connection 
with the Board of Public Works 

and Safety of the City of Fort 

Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 1 (FINAL) for Res. 
420-84, "St. Joe Pump Station Elimination" with T-G Excavating, 
Inc., in connection with the Board of Public Works and Safety, 
LOEs 
This is a final close out change 
order. Certain items have been 
increased or decreased based on 
the final inspection and measurements. 
Also upon County Surveyor's request, 
additional shot rock and rip-rap 
were used to protect the ditch 
bottom and sides. Further, due 
to easement negotiations, the project 
was realigned and the City purchased 
the .extra-50 LiF. of. 18"“PVC Pipe 
(material) to use elsewhere; 
involving a net increase of One Thousand Three Hundred Twenty- 
Five and 58/100 Dollars ($1,325.58), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 






City Attorney 





Bruce O. Boxberger, 












EA time in full and on motion by E, $ 
seconded by A i , and du adgpteg, read tne second time 
by title and reférred to the Committee e EA (and - the. Ct 
Plan ConsiSssion tor toeconmendationj: ana i Ge- nelad arto? 


due lega31'¡nnotice,. at. the Council ch 








Building, Fort Wayn 





Indiana, on the day of 
ee ye 7 at oscldgg M P ou 
DATE: yoe ide nos , henedig) 





SANDRA E. KENNEDY, CITY CLERK 


r 


Read the th e ek full and on motion by ctra! 


seconded by , and duly adopted, placed on its 

















passage. PASSED (595%) by the following vote: 
AYES NAYS ABSTAINED ABSENT TOS WI 
TOTAL VOTES ue El is ee A É 
BRADBURY E. E Mea 
BURNS ecg Se 
EISBART E E O 
GiaQUINTA os. zak 
HENRY ae wos 
REDD Psi Peo 
SCHMIDT E ktm 
MIA RE A 
STIER SR y beet 
TALARICO a at ee: RETTA 
i E 7 BS 
DATE: GF HL ZZ eae ae A 
; SANDRA SE.. KENNEDY, CTIY- CLERK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as ( Z E 
(SPECIAL) (ZOMENG-MAP) ORDINANCE 
on the SAC day of 





ay 4 
¿AA AAA 
SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Mayor o 


on the ES day of i 19 al aN 


f 


at “the ‘hour of / x: OO o'clock 


.M.,E.S.T. 


A 
f P, EA, 4/ 


SANDRA E. KENNEDY, CITY CLERK 





Approved and signed by me this yA aay of GS Fase DP 3 
f NE yo 4 
19 Sb , at the hour of > o'clock E sMo pe. ST. 


WIN MOSES, JR., MAYOR 


CHANGE ORDER 





Change Order No. __ 1 (Final) Resolution No._420-84 
Project No. Board Order No. 92-84 
Name of Project: St. Joe Pump Station Elimination Date: 8/19/86 
LOS T-G_Excavatin Ence 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 












item h Description of Change EA A Change in Contract Price 
No. Increase 


<4X4HIHMm mA 














(See attached sheet) 
Total Decrease 44,101.45- 
Total Increase ie Baa ae 545527635 


The sum of $__1,325.58 is hereby (added to) (4KAXXKXAXRXIN) the total contract price 
and the final contract price shall be adjusted as follows: 






Net (Degrease) (Increase) Contract Price 





Original Contract Price 97.937.10 
Current Contract Price Adjusted by Previous Change Order —— A —Á 


974937 ¿10 
£ : A p F ed Lge DE 
New Contract Price including this Change Order $ 99,262.68 


The time provided for completion in the contract for this project is (unchanged) (XX8X2838%4) 


(AXXKXXEEA) by 0 calendar days due to this Change Order. The date for completion 
of all work shall be 4-16-86 . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. ' 


Recommended by: E 4 E Chief Engineer Date Zo 19 
Accepted o A A litte Sie Montractor Date AAA TA 
Y) 


Approved by: E City Engineer Date nibs FXG 
O 


Approved by: ie! 
oi YZ 
Sie KY 


A 
> Ley O pe 


ES Z 
E So 
Layh Fy Ce. Owner Date & ~-Azg—P¢ 






Attested by: 


Date TA = G 


T 


2: 


Change Órder No. L (Finat) 
Resolution No. 420-84 


Board Order No. 92-84 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:__This is a final close out change order. Certain items have 


been increased or decreased based on the final inspection and measurements.: Also, 
upon County Surveyor's request, additional shot rock and rip-rap were used to protect 
the ditch bottom and sides. Further, due to easement negotiations, the project was 


realigned and the City purchased the extra 50 L.F. of 18" PVC Pipe (material) to use 


elsewhere. 
KE — _—_____—_a—_—_— _— —_—_Q______ 


A E A o A A ee 
AR A ES Oe ee gee eee A A TA 
AS O SS A A ES ABS AA 
NEEDED ER TRAER A o EE OE EEN E > SN 


Will proposed change alter size of the project? Yes Ro X 








If yes, explain 


A PA ER e ER EE 
AS ER EST A A A EAS AS A AAA 
Affect on operation and maintenance cost of this project: 


None 


et a, ATTACHMENT TO CHANGE ORDER : 








oy PUE igh Sa ta yee sa 
o de Degenipción e Une Price |. o Decranse. | Iperghies 
6" Vit. Clay Pipe 
5 1 EA. Standard 48" Manhole 
a | 279 cv. | 033 spectat sackett1 (stone) | toto | | asn 
0 
Al eo US at Le aa 
is [astm | nase seapitization | a. | | 30.0 
ALETA A AA aaa 
E AE IA UE E 
PST eee O 
REN ES 
Total Decrease 
Total Increase Pe, a ed $45,276.35 
Net (emmer) (Increase) Contract Price heey a $1,325.58 


SALT 


Admn. Appr. 


Jossa 


TITLE OF ORDINANCE Change Order #1 (FINAL) for Res. 420-84, "St. Joe Pump Station 
Elimination o sca. 


DIGEST SHEEL 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE Change Order #1 for Res. 420-84, "St. Joe Pump Station 
ARS PAIN A E SI E O SO E A A RAS E 


Elimination" is a final close out change order. Certain items have been 





increased or decreased based on the final inspection and measurements. Also 
CR ED AI TE AO O: tao eigen ag EN NE IE IC TON, 


upon County Surveyor's request, additional shot rock and rip-rap were used to 
reo the ditch bottom and sides. Further, due to easement negotiations, the 
project vas realigned and the City purchased the extra 50 L.F. of 18" PVC Pipe 
(material) to use elsewhere. T-G Excavating, Inc. is the contractor. 
SE AE aE E E A E ot E S IA ET O RA RO o A A ae 


=> -__—__  _________»>z>___«-z=z»>> zz __-____-_--_=2=2=2= 5 


EFFECT OF PASSAGE o complentos pr A A 


Cg aaam; 


EFFECT OF NON-PASSAGE 
A MODES ID. salt GS REBT MU ee AES A. RA EES eS 
Increase $1,325.58 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) 


ASSIGNED TO COMMITTEE (PRESIDENT) 





BILL NO. S-86-08-32 





REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
UE ee ee ee ey ehh A 
REFERRED AN (ORDINANCE) (RESOLUTION) approving Change Order 


No. 1 (FINAL) for REs. 420-84, "ST. Joe Pump Station Elimination" 
with T-G Excavating, Inc., in connection with the Board of Public 


__Works and Safety of the City of Fort Wayne, Indiana 




















HAVE HAD SAID (ORDINANCE)  (RESOBUBION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RHSOKGSLONF 











É NO 
BIAL , PAUL M. BURNS 

—— — CHAIRMAN 

A AN Es AA THOMAS C. HENRY 
an 2H VICE CHAIRMAN re o 
ee 7 7 hee 

Tex —T /BEN A. EISBART 

— a Ye e ; : De E E A e 


JAMES S. STIER 








/ MARK E. GiaQUINTA 





CONCURRED IN GATE SANDRA E. KENNEDY 
CITY CLERK 


